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Message Text 


UNCLASSIFIED 

PAGE 01 STATE 202262 

71 

ORIGIN INT-05 

INFO OCT-OI ISO-00 EA-09 10-13 L-03 /03IR 

DRAFTED BY INT/DOTA:RAPETERSON:JM 
APPROVED BY INT/DOTA/ZEDER 

124615 

P 132357ZAUG 76 
FM SECSTATE WASHDC 

TO HICOMTERPACIS SAIPAN MARIANA ISLANDS 

UNCLAS STATE 202262 

E.O. 11652: N/A 

TAGS: OGEN.TQ 

SUBJ: CONTRACT APPROVAL 

DOTA NO. 409-TT 

FOR HICOMTTPI AND RESCOM NMI. MY MESSAGE DOTA NO. 255-TT 
OF AUGUST 5, 1975 (ITEM 30) DIRECTED THAT NO TTPI CONTRACT 
IN EXCESS OF 200,000 DLRS WAS TO BE LET WITHOUT PRIOR DOTA 
APPROVAL. REQUEST EXPLANATION OF ANY VARIANCE WITH THIS 
DIRECTIVE OVER THE PAST YEAR. THIS DIRECTIVE NOW AMENDED 
TO READ THAT A COPY OP ALL PROPOSED TTPI AND NMI CONTRACTS 
FOR PROJECTS OR PROGRAMS (CIP OR OPERATIONS) WHICH 
INVOLVE LOO.OOO DLRS OR MORE ARE TO BE FORWARDED TO DOTA 
FOR APPROVAL PRIOR TO EXECUTION. CONTRACTS EXECUTED BY OIC 
UNDER NEW CIP PROCEDURES ARE EXEMPT FROM THIS DIRECTIVE, 

AS ARE CONTRACTS FUNDED BY COM AND NMI APPROPRIATIONS. 
HOWEVER, ALL OTHER CONTRACTS, INCLUDING THOSE FUNDED BY 
SPECIAL GRANTS (HEW, ETC.) ARE TO BE REVIEWED BY DOTA 
PRIOR TO EXECUTION. COPIES OF ALL SUCH CONTRACTS THAT 
HAVE BEEN EXECUTED SINCE JANUARY 1, 1976 ARE TO BE 
FORWARDED TO DOTA NOT LATER THAN AUGUST 31, 1976. 

THIS POLICY WILL BE REVIEWED WITH YOU IN APPROXIMATELY 

SIX MONTHS. DOTA SENDS 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 STATE 202262 

ROBINSON 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 13 AUG 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976STATE202262 

Document Source: CORE 

Document Unique ID: 00 

Drafter: RAPETERSONJM 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760312-1000 
From: STATE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760854/aaaabuqp.tel 

Line Count: 61 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ORIGIN INT 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: CunninFX 
Review Comment: n/a 
Review Content Flags: 

Review Date: 22 MAR 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <22 MAR 2004 by ReddocGW>; APPROVED <24 JAN 2005 by CunninFX> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: CONTRACT APPROVAL DOTA NO. 409-TT FOR HICOMTTPI AND RESCOM NMI. MY MESSAGE DOTA NO. 

TAGS: OGEN, TO 

To: HICOMTERPACIS SAIPAN 

Type: TE 
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